

KZB BASS HAP SCHEDULE 
As of 7 March i960 



Standard 

Page 

Syria 

May 1959 

Jan. i960 

In* 

Sept* 1959 

Feb. i960 

Coma. Chins 

May 1959 

Drafting 

H. Tie tarns 

June 1959 

Aug. 1959 

Ethiopia, Eritrea, 

it SnawMl 1 1 g 

Mar. 1959 

July 1959 

8. Atlantic Islands 

Jan. i960 

Omitted 

Bermuda, Hshsms Islands 

ft British Virgin Islands 

Oct. 1959 

Omitted 

Paraguay 

Hot. 1959 

Drafting 

Libya 

Oct. 1959 

Jan. i960 

Mongolia 

Drafting 

Compilation 

Ilcaragua 

Reproduction 

Drafting 


Reproduction 

Compilation 


Feb. i960 

Compilation 

Th«<1«nri 

Reproduction 

Compilation 

Dominican Republic 

Reproduction 

Drafting 

Egypt 

Drafting 

Compilation 

Arabian Peninsula 

Compilation 

Compilation 

2M} i» 

Compilation 

Compilation 


Reproduction 

Gmitted 
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HIS BASK MAP SCHEDULE (As of 7 March i960) Continued 



Standard 

Page 

•mhHim 

39 A-II 

Compilation 

Omitted 

39 A-IV 

Compilation 

Omitted 

26-1 

Drafting 

Quitted. 

26-11 

Drafting 

Omitted 

26 -V 

Compilation 

Quitted 



Approved For Release 2000/08/26 : CIA-RDP63-00314R000200020010-9 


Approved For Release 2000/08/26 : CIA-RDP63-00314R000200020010-9 


Chief > D/QC/BR 


2 March i 960 


Jhisf, D/P/W 


?flS Base Map* 


1. The *IS Base Map Production Schedule for FT **60 

11 Standard Base oops and iO Page-Size B&ae a*?® a ‘ di 4 
**, cocaalated by i March I960. Ifcere were a3.sc 3 'tandara ani 
6 Page-Pise Base aapfi (carry-overs fro® the FY 1959 seke^le ) ^ 
oa -tee schedule, however, as shown these sap* wer« to be completed 
before the close of FT 1959 (<**« *959 )« 

2. Further, in December 1959, *K»r consultation and agreeaent 
with your office a net of 3 additional Standard Base mpa and 1 Page- 
Size Base map were added to the schedule . 

3 . To late, only 2 of the 11 Standard Base* and l of the 10 
Page-Sia® Baser* originally scheduled for completion by 1 Sfereb 
have been completed. Further, the Page-Site Base map on Para^y 
which ms scheduled for completion in Juo« 1959 »til.l baa not been 
completed. 

k. It would be very much appreciated if you would look into 
this .situation ani take whatever action you deem necessary to increase 
production of WIT Base Maps. A related and significant part of this 
problem which should be discontinued la the trend to delay completion 
of the Page-Size Base until in acrae instances, many months after the 
Standard Base Is completed. As I have stressed many times it is not 
only important that the years schedule be completed it Is also 
important that the scheduled completion dates be met. This is true 
since the Ba®e Man schedule is based on the over-all ffIS Production 
Schedule and Base' map delays almost always cause delays and/or mere 
work, for finished #!S v. indies . 


25X1 A9a 
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